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1. OXCART : 


a. On 19 January Mr. Biaeell briefed 

I of Ittnneapoli ■-asneyvell Regulator cospany, cm toe maesss program 
ahd geW al refuireaente fear an inertial navigation and autopilot systems. 
It was pointed out that the selection of M-H to provide the foregoing 
systems is conditional on the proposal coat estimates being reasonable 
from this Project' a point-of-view. Since the M-H Inertial Guidance Center, 
Florida, and the autopilot department, Minneapolis, both are in the auras 
M-B flivialon, a single contract for both systems vaa recommended. A 
contract, when fenaulated, Hill be of the associate-prime type, with Lock- 
heed providing technical direction. M-H was directed to have cleared 
ra aresentativea at the OXCART suppliers a— ting scheduled for 21 January 
and 


indicated that 


lvould repreuent 


M-H at the meeting. 

b. Two meetings were held in Boston, 20 January, with Land Panel consult- 
ants pertaining to OXCART with Mr. Biased! end Project Headquarters 
representatives. One seating was devoted to a review of the status of the 

|A-12| the other, concerned the status of the 
Perkin-jQaer c amera. The Land Panel aaoauitaata were impressed with the 

A result of the 


p rog r e ss made 

review meeting of the 18' system was to have Perkin-Hiasr investigate a 
aM system. 

e. On 21 January an OXCART suppliers progress review Meeting was held in 
Washington. After a general status review, much attention was devoted to 
increasing weight problem and the resultant degradation in altitude wad 
range of the A-12. Mr. C. L. Johnson vaa directed to address himself to 
this problem in order to achieve a specified minimum range and altitude 
profile for a mission. Furth er, Hr. Johnso n was instructed to provide 
e s tim ate s of A-12 performance | | A decision co nc er ning go-ahead 

was being held in abeyance until recall's sad evaluation cf thia information. 
Me* Johnson promised to furniah tie data by 25 January and Mr. Bis sel i 
indicated that be hoped to be able to render a decision to Lockheed before 
27 January. 


a. Sse count down for the shot on the 26th was interrupted when trouble 
developed on account of fluctuations in current from the auxiliary power 
■n®pyty» The firing date wma ellppad to the 29th. It may be that the 
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ripple caused by such fluctuations is sufficient to activate the tor^pae 
notor oa the take-up side or to eauae uneven operation, and ®i#rt be the 
major source of our difficulties* the fi* planned by lock hasd vill be 
reviewed cm January 27th by Colonel Battle, Hr. Kiefer and 
before the go signal is given. 


25X1 


b. Meetings vers held with 
tracking system fear A&XSf. 


to review status on the back-up 


3&W 


, Ireport cm cooling 0-2 fuel was received and evaluated. A 
recoEsasndation was made to the C/Operations Branch that the coding ctf 
fuel system is too complex for field utilization and that the matter be 
dropped. 
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Chief, Development Branch 
BKMJD/P 
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